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A research study was conducted to determine the insurance 
requirements of selected public agencies, and to examine 
factors that insurance companies consider when determining 
premium rates. The public agencies investigated were State 
Highway Departments and Municipal Public Works Departments. 
The information for the insurance requirements was obtained 
by a specification review, and for factors affecting premium 
rates, by personal interview of insurance underwriters. The 
information was analyzed to identify consistencies and 
differences between agency requirements and between 

insurance companies. The results can be used by 

construction contractors to better understand which factors 
affect their insurance premiums, and to realize that there 
are significant differences between state insurance 
requirements . 



